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7 SSETCH OF TOTAL STATION REFLECTOR 


a) Distance between rock surface and target should be “max. 30 mm” and not "10 cm — 15 em”. 


1) The document was received as pdf-file.To simplify the review by the 
Engineer and to assist the Contractor in the revision.drawings of the pdf-file 
were copied into this review note and marked with red letters.and 
corrections were suggested.Distance between rock surface and target 
should be “max. 30 mm” and not “10 cm - 15 cm”. 

Reply[jAccepted. 


2) The tunnel encounters two junctions.Respective monitoring system shall be 
developed for both junctions for the individual construction stages of the 


junctions. 
Reply[Accepted. 


